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Message Text 


UNCLASSIFIED 

PAGE 01 MOSCOW 04757 021146Z 
40 

ACTION FBO-01 

INFO OCT-01 EUR-06 ISO-OO EB-05 /013W 

049221 

R 0209 17Z APR 74 
FM AMEMBASSY MOSCOW 
TO USDOC WASHDC 
INFO SECSTATE WASHDC 7466 
AMEMBASSY VIENNA 

UNCLAS MOSCOW 4757 

E.O. 11652: N/A 
TAGS: BEXP UR 

SUBJECT: WEEKLY STATUS REPORT. CONSTRUCTION COMMERCIAL OFFICE 

USDOC FOR BEWT/RICE; OIM/DISTEFANO FROM BLOW 

VIENNA FOR EWTC/MARTIN 

REF: MOSCOW 4650; MOSCOW 4328 

1. DR. SEPP FRANK, ARCHITECT, ARRIVED MOSCOW SUNDAY MARCH 
24 TO SUPERVISE FIRST PHASE CONSTRUCTION. SECOND MATERIAL 
SHIPMENT FROM VIENNA DELAYED EN ROUTE ONE DAY. TRUCK UN- 
LOADED TUESDAY, MARCH 26. 

2. ENTIRE VIENEESE CREW ON SITE AND WORKING. PLUMBERS MADE 
NECESSARY HOOK UP TO HEATING AND WATER CLOSET PIPES. 
CARPENTERS BEGAN INSTALLATION OF PERMANENT OFFICE AREA. 
ELECTRICIANS COMPLETED JUNCTION BOX INSTALLATION. 

LIGHTING AND CEILING WORK PROGRESSING ON SCHEDULE. 

3. NO MAJOR PROBLEMS OTHER THAN ARRIVAL TIME OF WASHINGTON 
PROCURED ITEMS SEEN AT THIS TIME. MUST HAVE CARPETING AND 
FILING CABINETS INSTALLED BEFORE APRIL 19. CAN FUNCTION 
WITHOUT OTHER ITEMS FOR TIME BEING. 

4. DEPUTY DIRECTOR WILL FORWARD SECOND SERIES OF PHOTO- 
GRAPHS SHOWING STATUS OF CONSTRUCTION AFTER SECOND WEEK. 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 MOSCOW 04757 021146Z 

PLEASE ADVISE IF BEWT OR OIM NEEDS PARTICULAR PHOTOGRAPHS. 
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AM SENDING BLACK AND WHITE BUT CAN CHANGE TO COLOR. 

STOESSEL 


UNCLASSIFIED 


NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 02 APR 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974MOSCOW04757 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D740073-0077 
From: MOSCOW 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t19740474/aaaacqdg.tel 

Line Count: 63 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: MOSCOW 4650: MOSCOW 4328 
Review Action: RELEASED, APPROVED 
Review Authority: golinofr 
Review Comment: n/a 
Review Content Flags: 

Review Date: 28 MAY 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <28 MAY 2002 by bryansd0>; APPROVED <28 MAY 2002 by golinofr> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: WEEKLY STATUS REPORT. CONSTRUCTION COMMERCIAL OFFICE USDOC FOR BEWT/RICE; OIM/DISTEFANO FROM BLOW 
TAGS: BEXP, UR 
To: COM 
Type: TE 
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